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BILL NO. S-83-03- 


SPECIAL ORDINANCE NO. 


s- 


AN ORDINANCE approving Change Order 
No. 4 and FINAL, Resolution No. 337-80, 

"Trier Ditch Interceptor", Project No. 
C-180599-08, in connection with the 
Board of Public Works. 

BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY OF 


FORT WAYNE, INDIANA: 


SECTION 1. That Change Order No. 4, and FINAL, Resolu¬ 


tion No. 337-80, "Trier Ditch Interceptor", Project No. C-180599- 


08, with John Dehner, Inc., in connection with the Board of Pub¬ 


lic Works, for: 

a close out change order to adjust the 
estimated quantities in the contract unit 
price to agree with actual quantities in¬ 
stalled under this project; 


involving a net decrease in the amount of Three Thousand Nine 
Hundred Forty-Eight and 93/100 Dollars ($3,948.93) all as more 
particularly set forth in the specifications, and which is on 
file with the Office of the Board of Public Works, and is by re¬ 
ference incorporated herein, made a part hereof and is hereby 
in all things ratified, confirmed and approved. 

SECTION 2. That this Ordinance shall be in full force 
and effect from and after its passage and any and all necessary 
approval by the Mayor. 


APPROVED AS TO FORM 
AND LEGALITY 




Bruce 0. Boxberq'er, City Attorney 









seconded by^_ 

by title and referred to the Committee_ _ _ 

plan Coimission for recommend.aiioii4—an d. Publ ic tsarina af^ler 

due legal notice, at the^-tTouncil Chambers,(Jity-County Bul^difig-rHPrsft Wayne, 
Indiana, on ( , the day of 




o'clock 


_.M.,E.S.T. 


,>X( -, 

CHARLES W. WE3TERMAN -cIt'?'''clerk 


Read the thir^t^ime full and on motion by_ 


and duly adopted 


lopted, plad€a on i 


passage. PASSED 

(L'OSTtN'by the following vote: 


AYES NAYS 

ABSTAINED ABSENT TO-WIT: 

TOTAL VOTES 

2 P 


BRADBURY 

^ _ 


BURNS 

ie _ 


ElSBART 

^ _ 


GiaQUINTA 

X- _ 


SCHMIDT 

_ 


SCHOMBURG 

_ 


SCRUGGS 

-iL _ 


STIER 

_ 


TALARICO 

j2C _ 


DATE: 




CHARLES W. WESTERMAN -'ClTY CLERK ' 
Passed and adopted by the Common Council of the City of Fort Wayne, 
Indiana, as (Z ONING MAP) ■ 


- (GENEKAL) (^NEXATXUN) 

.CAR FROPR ff A T I ON) ORDINANCE (RE SO L UTION) N0.__ 

on the /^ 


19 


^ . 


ATTEST: 


CHARLES W. WESTERMAN 



CMC OFFICER 


CITY CLERK PRESIDIJfG^OFFICER 

Presented by me to the Mayor of the City of Fort Wayne, Indiana, on 
the of 19 _, at the hour of 


/ / ^ 


o'clock 


/h' .M.,E.S.T. 


CHARLES W. T'TESTERMAN - CITY CLERK 


Approved and signed by me this 
2g, _, at the hour of__^o'clock 


^day of 



WIN MOSES, JR 

















































































CHANGE ORDER 


Resolution No. 337-80 


Change Order No. 4 and FINAL 

Project No. _C-18Q599-Q8 _ Board Order No . 54-80 

Name of Projec t; "Trier Ditch Interceptor" __ Datej_ 3/^ _ 


Tol 


Gentlemen: 


John Dehner, Inc. 

(Contractor) 


^/^/r3 


You are hereby requested to comply with the following changes from the contract plans and 
specifications; 


Item 

No. 


Description of Change 


Change in Contract Price 

Ouantitv 

Description 

Unit Price 

Decrease 

Increase 



SEE ATTACHED 




























Total Decrease 

Total Increase 

Net (Decrease) Contract Price 

15,818.87 



11,869.94 

3,948.93 



The sum of $—3,948. 93_is hereby (addtedkxfes) (deducted from) the total contract price 

and the final contract price shall be adjusted as follows: 


Original Contract Price 

Current Contract Price Adjusted by Previous Change Order 
New Contract Price including this Change Order 


c 223.529.52 

5 247,089.72 

^ 243,140.79 



Attested by; 


Clerk Date. 

















































Change Order No. ^ FINAL 


Resolution No. 337-80 
Board Order No. 54-80 
REQUEST AND JUSTIFICATION FOR CHANGE 


1. Necessity for change:_ 

SEE ATTACHED JUSTIFICATION 


2. Will proposed change alter size of the project? Ye^ 

If yes, explain 


No. 


X 


Affect on operation and maintenance cost of this project: 

N/A 




3 - 3-f5 










































ATTACffi'IENT TO CHANGE ORDER 
NorthMaumee Study Area C-180599-08 - B.O. 54-80 

Resolution 337-80 - Trier Ditch" 

John Dehner, Inc., Contractor 


item 

No. 


Description of Change 


Chanee in Cont-rarr P-n'/.c. 

Quantity 

Description 

Unit Price 

Decrease 

- Increase 

1 

9.0 LF 

10" Sewer Pipe 

18.35 


165.15 

2 

24.0 LF 

8" Sewer Pipe 

13.21 


317.04 

3 

4.0 LF 

8" C.L.D.I.P. Class 55 

27.50 


110.00 

4 

(1.0)EA 

Std. MH Type I-A 

1,147.00 

1,147.00 


6 

(l.O)EA 

Std. MH Type II-J (96") 

2,567.37 

2,567.37 

. 

7 

1.0 EA 

6" 'TV or 'WYE' Tapping Unit 

65.00 


65.00 

8 

63.0 LF 

6" Building Sewer Pipe 

28.00 

445.50 


9 

(49.5)SY 

Special Backfill 

9.00 

445.50 


10 

241.0 CY 

#53 - -#73 Special Backfill 

12.75 


3,072.75 

11 

(60.0)SY 

10" Deep Strength Asphalt 

20.00 

1,200.00 


13 

(450.0) S-S 

2" Asphaltic Surface 

3.40 

1,530.00 


14 

(1634.0)SY 

6" Stone Surface 

3.75 

6,127.50 


15 

(129.0)SY 

6" Concrete Driveways 

16.00 

2,064.00 


16 

(1125.0)SY 

Seeding and 1" Mulch 

0.30 

337.50 


17 

3.0 LF 

8"-15" Culvert Replacement 

19.80 


58.50 

18 

(4o.o)lf 

6"-12" Sewer Replacement 

10.00 

400.00 


20 

7.0 SY 

12" Revetment Rip Rap 

20.00 


140.00 

21 

■ 27.0 LF 

Fence Replacement 

7.50 


202.50 

Tot 

al Decrease 



Tot 

Net (Decrease)(Increase) Con 

al Increase 

CONTINUED 

NEXT PAGE 

tract Price 












































































TU UHANbli UKDER 

North Maumee Study Area .C-1805.99-08 - B.O. 54-80 


Resolution 327-80 "Ziiber’s" 

John Dehner, Inc., Contractor 


Item 

No. 


Description of Change 


Chanee in Contract PnVp 

Quantity 

Description 

Unit Price 

Decrease 

. Increase 

22 

1 EA 

Std. Cleanout 

450.00 


450.00 

24 

2,210 SY 

Double Chip and Seal 

2.50 


5,525.00 

































































































Tot 

;al Decrease 

15,818.87 


Tot 

Net (DecreaseCon 

:al Increase 


11,869.94 

itract Price 

3,948.93 




























































JUSTIFICATION FOR C HANGE ORDER #4 and FINAT. 

North Maumee Study Area C-180599-08 - B.O. 54-80 
Resolution 337-80 "Zuber’s" 

John Dehner, Inc., Cntractor 

Items #1, 2 and 3 

Actual field measurements reflect a slight Increase from the original quantl- 


It em //4 


The Type I-A Manhole #319 
plans, replaced with a 
Road. 


was eliminated as shown on sheet #10 of the original 
clean out, item 22, in the new location along Meyer 


Item #6 


The original engineer's estimate was in error, 
needed. Therefore, this item was not used. 


as Type II-J Manhole was not 


Items #7 and 8 


pertf tap outlined was added during construction to accommodate a pro- 

party adjacent to the sewer not originally accounted for. The additions lin 
eal footage of 6" building sewer is the amount used for this tap 

Item #9 


Actual field measurements reflect a slight decrease from the original bid Item. 
Item #10 


The estimate of 1000 CY Outlined in change order #1 of this rssn1„t-- 
low. The actual measured quantity was 1:241 C^ LlL n. *^00 

spelled out in change order #1, the 1 241 CY wn ^ on approval conditions 

Ing $11,169.00. ’ $9.00/CY total- 


Item #11 

Actual field measurements reflect a decrease from the original bid Item, 
Item #13 


Actual field measurements reflect 
Order #3 of this resolution. 


a decrease from the amount outline in Change 


Item #14 


Actual field measurements reflect a decrease from the original bid Item, 














Items #15 and 16 


Actual field measurements reflect a decrease from the original bid item. 
Item #18 

Actual field measurements reflect a decrease in the original unit bid item. 
Items #20 and 21 


Actual field measurements reflect an increase from the original bid item. 
Item #22 
See item #4. 

Itemd //24 


The chip and seal quantity outlined in change order #3 did not include. 
Madonna and Zuber, the two streets perpendicular to Alberta Drive. Our 
survey crew originally labelled them as stone surface streets, but upon 
further Investigation, it was discovered they were in fact chip and seal 
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BILL NO. 


S-83-03-41 


REPORT OF THE COMMITTEE'ON CITY UTILITIES 

YOUR COMMITTEE qn City Utilities _WHOM WAS REFERRED AN 

ORDINANCE_ approving Change O/ijer No. 4 and FINAL, Resolution N.. 337-80, 

“Trier Ditch Interceptor", Project No. C-180599-08, in connection with the 
Board of Public Works 


HAVE HAD SAID ORDINANCE UNDER CONSIDERATION AND BEG LEAVE TO REPORT 
BACK TO THE COMMON COUNCIL THAT SAID ORDINANCE PASS. 





































DIGEST SHE ET 


TITLE OF ORDINMCE, 


Admn, Appr._ 


6a;^5' 


Change Order #4 and FINAL, Res. 337-80 

Project No". 0-18039 0-08, John Uehnei^, 


, "Trier Ditch Interceptor' 
Tirr:-—--- 


DEPARTMEJJT REQUESTING ORDIimiSE of Public Works 


SYNOPSIS OP ORDINANCE a close out change order to adjust the estimated 


quantities in the contract unit price to agree with actual quantities installed 


under this project. Contractor is John Dehner, Inc. 


EFFECT OF PASSAGE Completion of project. 


effect of non-passage. 


MONEY INVOLVED (DIRECT COSTS, EXP®iDITURES, SAVINGS) Decrease $3,948.93 


ASSIGNED TO COMMITTEE (PRESIDED) 




























































